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U status report 600 

2o TYPE lA CONFIGURATION 

Ao TWO ADDITIONAL TESTS OF THIS UNIT SINCE LAST 
REPORT 0 43A DATED H FEB 64 AND 44A DATED 13 FEB 64, 


25X1A 


25X1A 


'•-A 


REFERENCE TWX 


4158 FOR TEST REPORTS, 


C. TWO OPTICAL aUALITY VACUUM UNITS ARE NOW COMPLETE, 
lA-i AND 1A»2« AND AVAILABLE FOR SHIPMENT TO 
3o TYPE IB CONFIGURATION 

Ao TWO ADDITIONAL TESTS OF THIS UNIT SINCE LAST 
REPORT n 45B ON 18 FEB 64 AND 46B ON 29 FEB 64 o 
B. REFERENCE TWX NBRSo I | 4271 AND 

4327- FOR TEST RESULT Sc 

Co NCfDIFICAXIONS TO STABILIZATION SYSTEM IN FIELD 
APPEAR TC HAVE REDUCED SIGNIFICANTLY OSCILLATIONS PRE- 
VIOUSLY EXPERIENCED c, 

Do FIRST OF TWO OPTICAL QUALITY VACUUM WINDOWS 
(lB-1) LEAK TIGHT AND B E I 
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A. sC ojKFisunA': 

SVSTE;^ IE CEI^PLETELY ASS:£i1BL£D . INCLUDING BOTH 
OFlE GAL 3LKCHE3f 

B. SYSTEM SWDBRGOIfie FIWAL ELECTRICAL CHECK OUT A® 
PHASING Xtl ASSEBDLy STAND, 

FINAL STAEILIZAIIOK CHECK OUT AND PHOTOGRAPHIC 
TESTING SCHEDULES TO BEGIN UEEK OF & MARCH i9o4o 

PREVIOUS DELIVERY COMMITMENT OF 2'^ MARCH 1964 
STILL APPEARS REALIST ICc 
5o TYPE iD CONFIGURATION 

Ao PRELIMINARY' FILM TRANSPORT TESTING HAS BEEN 
(XJKPLETEDo 

B* A,:-L MECHANICAL ASSEMBLIES HAVE BEEN COMPLETED 

wtm the elgeption of optical bench installation o 
L. repaire;) ndrden gyro package has been received 

CS flAR 641 AND SFaBILIEATION TESTING OF THIS SYSTEM 
WILL BEGIN IN APi-ROKIMATELY TWO WEEKS o 

D. Ai.lONaENl AMD TESTS OF '"D" FORWARD OPTICAL BENCH 
HAS BEGUN c 

L, FS.aI LIRHDLS for one scanner are (COMPLETE o 
6c TYPE IE CONFIGURATION 

At- ASSEMBLY OR FILL TRANSPORT NETWORK INCLUDING 
a^ETTLES li COMPLETE AND TESTING IS SCHEDULED TO BEGIN 
SHORILYo 

Be OPTICAL ELEMENTS ARE UNDERGOING FINAL CORRECTION 
m OPTICAL SKOPo 
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k-. KAS BEEfv F-TTi;;!) AMD IS MOl' READY FOR 

kflHINe OF HARNESS. 

FIMAL aSSEKBLY HAS BE3UM ON UPPER FRAME « 

Co C'Pi ICS BEING POLISHED IN OPTICAL SHOP 
END OF MESSAGE 
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